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BILL NO. S-91-05-2 7 
SPECIAL ORDINANCE NO. S- LATET 

AN ORDINANCE approving Change Order 
No. #1, RES. #6175-91, HOAGLAND 
AVENUE RESURFACING with WAYNE ASPHALT 
& CONSTRUCTION COMPANY in connection 
with the Board of Public Works and 
Safety of the City of Fort Wayne, 
Indiana. 

NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. #1, RES. #6175-91, 
HOAGLAND AVENUE RESURFACING with WAYNE ASPHALT & 
CONSTRUCTION COMPANY in connection with the Board of 
Public Works and Safety, for: 

is necessary to show a reflection of quantities 

used to complete project and to add the items 

of concrete removal, curb removal, new concrete 

sidewalk, new concrete wingwalk and new 

concrete. Water cuts which were made over 
winter in the proposed resurfacing limits added 
quantities to pavement removal and #5D base. 

(Cuts repaired under this conflict will not 

need to be bid out later by water). Conflicts 

with existing underground utilities, we were 
forced to deviate from original plans which 
caused an increase in the number of drainage 
structures required to be installed. 
involving a net increase of Four Thousand Three Hundred 
Sixty-Seven and 16/100 Dollars ($4,367.16), all as more 
particularly set forth in the specifications, and which is 
on file with the Office of the Board of Public Works and 
Safety and is by reference incorporated herein, made a 
part hereof, and is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. That this Ordinance shall be in full 

force and effect from and after its passage and any and 


all necessary approval by the Mayor. 


ouncilmember 


APPROVED AS TO FORM 
AND LEGALITY 


a A a M 
J. Timothy aulay, G poration Counsel 
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CHANGE ORDER 





Ň i Ň 
Change Order No. Resolution No, 0175-90 
Project No. Board Order No. 117-90. 


TEA 
Name of Project HOAGLAND AVENUE RESURFACING Date 3113710600: 

HOAGLAND AVENUE RESURFACING 30551 — 
To: WAYNE ASPHALT & CONSTRUCTION CO. 


Gentlemen: 





Total Decrease | $2,225.00 | | 
reo | 


J 
Total Increase | | $6,592.16 | 
n | 


i 


| 
Net (Rexrenae) (Increase) Contract Price ! | $4,367.16 i 
kon | 


The sum of $ 4,367.16 is hereby (added to) Qdedusted,ésem) the total contract 
price, and the final contract price shall be adjusted as follows: 





Original Contract Price $ 27,923.00 

Current Contract Price Adjusted by Previous Change Order $ 

New Contract Price Including this Change Order $ 32,292.16 
The time provided for completion in the contract for this project is (unchanged) (insssassdk 
(deansased) by calendar days due to this Change Order. The date for completion 
of all work shall be - Furthermore, this document shall become an 


SONA ORAL O 
amendment to the contract and all ioe ha of the contract shall apply hereto. 
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Recommended by: 





Accepted by: 
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ci ty Plan Conmissi n ZOE TEE E E and Public Hearı 
due legal notice, at the Council Conferenc 
„Fort Wayne, Indiana, on 
of 









SANDRA E. KENNEDY; 
full and on motion by 


and duly adopted, 
Following vote: 
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DATED: 6S\/-Y 


Passed and adopted by the Common Council of the c 
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SANDRA E. KENNEDY, CITY CIĽERA 


ity of For t Wayne, 
Indiana, as ( 
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WEAR a 


PROPS ENERAL) 
RESOLUTION. NO. 2 /.17-57 
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KENNEDY, 











PRESIDING OFF 
Presented by me to. the Mayor of 


A. SAL aa ae: 
ou A e 


at the hour of SSO 


e City of Fort Wayne, Indiana, on 


, 192 






o'clock ati NA BS. T's 





pon Approved and signed by me this | 2h day of Aes 
19 U rat the hour of [0:30 o'cloc ME. Sols 


IA 


: PAUL HELMKE, MAYOR 
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Admn. Appr. 


TITLE OF ORDINANCE: Change Order #1, Res. #6175-91, Hoagland Avenue 
Resurfacing 


DEPARTMENT REQUESTING ORDINANCE: Board of Public Works 
SYNOPSIS OF ORDINANCE: 


EFFECT OF PASSAGE: Change Order #1 for Res. #6175-91, Hoagland Avenue is 
necessary to show a reflection of quantities used to complete project and 
to add the items of concrete removal, curb removal, new concrete Sidewalk, 
new concrete wingwalk and new concrete. Water cuts which were made over 
winter in the proposed resurfacing limits added quantities to pavement 
removal and #5D base. (Cuts repaired under this conflict will not need to 
be bid out later by water). Conflicts with existing underground 
utilities, we were forced to deviate from original plans which caused an 
increase in the number of drainage structures required to be installed. 
Wayne Asphalt & Construction Company is the contractor. 


fèl 20 BSOAŤ 


EFFECT OF NON PASSAGE: To facilitate completion of project. 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGs) $4,367.16 increase 


ASSIGNED TO COMMITTEE: 


BILL NO. 5-91-05-27 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 
JANET G. BRADBURY, CHAIRPERSON 
CLETUS R. EDMONDS, VICE CHAIRMAN 
GiaQUINTA, REDD, HENRY 


WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 
REFERRED AN (ORDINANCE) HERFOR approving Change Order 


tRESS ) 
l, RES. #6175-91, HOAGLAND AVENUE RESURFACING with WAYNE ASPHALT 
& CONSTRUCTION COMPANY in connection with the Board of Public 
Works and Safety of the City of Fort Wayne, Indiana 




















HAVE HAD SAID (ORDINANCE) (REZGKWEKGN) UNDER CONSIDERATION 
AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 
(ORDINANCE) (RERSAKURRAN) 





DO PASS DO NOT PASS ABSTAIN NO REC 





gere 


DATED: 


Sandra E. Kennedy 
City Clerk 


